CONTRACT REVIEW SHEET 



Person Sending: Billy Wasson 


Department Name: BOC Courthouse Square 


Date Sent: 9/30/99 



The attached: {circle one) 

Contract Amendment # 13 Grant Lease Intergov't Agreement 



INCOMING FUNDS? YES NO (CIRCLE ONE) % ^ , 

Approved at Board 5^s*pn 



Contractors 
Name: 


Pence/Kelly Construction 


Date From: 


Date To: Cfiairman 


Amount of Contract or Amendment: $2 1 ,567.00 


If an Amendment, New Contract Total - $19,221,407.00 


Certificates of 

Insurance 

Attached: 


Liability 

(circle one) 

Yes No 


Workers Comp 

(circle one) 

Yes No 


If no insurance attached, why not? 
On File 



Process taken to select contractor: 

Verbal quote: Written quote: RFP: Competitive Bid:_ X Renewal: 

(Attach copy for reference) 
Description of Contract Services: 



Change Order #1 3 to remove and dispose off site contaminated soil. 



For Support Services Use 




Date Contract Received: 



Q 



Date Scheduled on BOC Agenda: 



Authorization for Health Administration to 
sign on behalf of BOC: 



Additional Comments: 



yes 







Staff /Sfview Signajufres: 




Contra 





dinator 



Risk Manager 



daie 



Legal Counsel 



6 c^h^ im 



date 



date 



baU; 



f^tturntd to < -b*partm*nif_ 



Review. CON 8/99 



CONTRACT REVIEW SHEET 



Person Sending: Billy Wasson 


Department Name: BOC Courthouse Square 


Date Sent: 9/30/99 



The attached: (circle one) 

Contract Amendment # 1 3 



Grant 



Lease 



Intergov't Agreement 



INCOMING FUNDS? YES NO (CIRCLE ONE) 



ion 



Contractors 
Name: 


Pence/Kelly Construction /^0~^<<"" — J Tv 


Date From: 


Date To: Cfiairman 


Amount of Contract or Amendment: $21 ,567.00 


If an Amendment, New Contract Total - $19,221,407.00 


Certificates of 

Insurance 

Attached: 


Liability 

(circle one) 

Yes No 


Workers Comp 

(circle one) 

Yes No 


If no insurance attached, why not? 
On File 



Process taken to select contractor: 

Verbal quote: Written quote:_ 

(Attach copy for reference) 
Description of Contract Services: 



RFP: 



Competitive Bid:_ X Renewal: 



Change Order #1 3 to remove and dispose off site contaminated soil. 



For Support Services Use 




Date Contract Received: 



G 



Date Scheduled on BOC Agenda: 



Authorization for Health Administration to 
sign on behalf of BOC: 



Additional Comments: 



yes no 




Legal Counsel 



1f- 



date 



Risk Manager 



date 



l<?*lurn*<l to !jb*partm*nt/ 



.!»- 



Review. CON 8/99 



CHANGE ORDER 



PROJECT: 

(name, address) 



TO: 

(contractor) 



Courthouse Square 
555 Court Street NE 
Salem, Oregon 97301 



Pence/Kelly Construction, Inc. 

2747 Pence Loop SE, P.O. Box 4109 

Salem, Oregon 97302-8109 



CHANGE ORDER NUMBER: 13 
INITIATION DATE: September 24, 1 999 

ARCHITECT'S PROJECT NO.: 9828 
CONTRACT FOR: General Construction 

CONTRACT DATE: February 17, 1999 



You are directed to make the following changes in this Contract: 

1. Remove and dispose off site 359.45 c.y. contaminated soil @ $60.00 per c.y. ( 

asperC.O.R. #88. Add $ 21,567.00 



Total for Change Order No. 13 



Approved asjtqr form 
CofintiA Hfracts Coordinator 



21,567.00 



Net valid until signed by both the Owner and Architect Signature of the Contractor indicates agreement herewith, including any adjustment in the Contract Sum or Contract Time. 



The original Contract Sum was 

Net change by previously authorized Change Orders 

The Contract Sum prior to this Change Order was 

The Contract Sum will be (increased) (d e cr e as e d) by this Change 

The new Contract Sum including this Change Order will be 

The Contract Time will be (increased) (d e cr e a se d) (unchanged) by 

The Date of Substantial Completion as of the date of this Change Order therefore is 



Owner: 

Marion County 
100 High St. NE 
Salem, OR 97301 

l«* G ?ftjQy 



Date: y -77 



Architect: 

Arbuckle Costic Architects, Inc 
363 State Street 
Salem, Oregon^0730 1-3055 



Owner: 

Salem Area Mass Transit District 
3140 Del Webb Ave. NE 
Salem, OR 97302^165 



Date: 



Contractor: 
Pence/Kelly Construction, Inc. 
P.O. Box 4109 
SalernTbsegon 57305-8109 



$ 
$ 



18,459,484.00 
740,356.00 



$ 
$ 



19,199,840.00 
21,567.00 



19,221,407.00 
days 
"November 3, 2000 



Marion County Legal Counsel 
Approved as to form 

Project Manager: 

Mefvin Mark Development Co. 
111 SW Columbia, Suite 1380 
Portland, Oregon 97201 




File: 9828-1 1b 



PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-B681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 

Project: Courthouse Square 

COR Title: Cont Soil Removal 7/16 - 7/27 



COR No. 



00088 



DATE: 8/30/99 
JOB: 99006 
ISSUE: 00196 



1 . Contract time being extended 
X~£~rf Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 9/7/99 ) 



For work described below, we offer the following quotation. 



Provide removal and disposal of contaminated soil on 7/16/99, 7/22/99, 7/26/99, and 7/27/99 related to the 
following ticket #'s: 295986, 296024, 296063, 296108, 296921, 297533, 297583, 297600, 297618, 297652, 
297715, 297718, 297753, 297770, 297782, 297819, 297826. 



478.07/1 .33 tons per cy = 359.45 cy @ $60.00 per cy = $21 ,567.00 



Total Cost: 



$21,567 




Pro Management Systems, Inc 



..-„{;. -2< 59IFRII 15 08 RIVESEEND LANDFILL 



TEL: 503 434 97'0 



P. 002 



DATE; W/27/99 


U:36i57 






DOT 


P£RWT TICKET DETAIL REPORT FOR ftlVERBEND UWOFILi 




07/15/1999 THRU 


08/27/1999 








ACCTl DATE TICKET! 


AH3UWT 


TAX 


YARD 


1 TONS 


5091074 0//16/99 295986 


1,811.75 


145. 19 


56, i 


i 35,50 


90-736 








BMJA^t M tit UU1 mi/mi 

5fl9lf74 07/16/99 £%024 


95*- 75 


137.01 


l.J 


i 33.50 


SQ-736 










3091074 87/ lb/99 296063 


939. 93 


134.69 


Ui 


32.98 


SS-736 










5091974 07/lo/99 296108 


969.65 


139.16 


u 


34.03 


SQ-736 










5991*74 §7/22/99 296921 


900.97 


140,78 


40,( 


34.42 


S&-73& 










07/26/99 297333 


939.07 


134.76 


4fc< 


32.95 


SQ-736 










5991974 07/26/99 297503 


596.22 


£.56 


Ui 


20.92 


SB-736 










991174 07/26/99 297600 


901.45 


129.37 


49. f 


wit vw 


SQ-736 








5091074 07/26/99 297610 


602.9 


06.42 


10.0 


Pi 1 * 

CI* 1 J 


S5-736 










5091074 07/26/99 297652 


585.02 


75.46 


19.0 




SQ-736 










509107* #7/27/5? 297715 


617.00 


0S.67 


29.8 


CI. DO 


SQ-736 










5091174 07/27/99 297718 


036.76 


120,06 


1.8 


29.36 


SO-736 










5091074 87/27/99 297733 


646 v 95 


92.04 


30.0 


£2.70 


S&-736 








5091074 07/27/99.297770 


907.72 


130.27 


40.0 


31.85 










5091074 07/27/99 297782 


64466 


91.94 


20.0 


22.48 


SB-736 








5091074 07/27/93 297819 


090.03 


128.88 


1.0 


31.51 


3091074 07/27/99 29782b 


654.93 


93.99 


1.6 


£2.98 


J.IWSKRTH 










TOW. 


113,624,96 


1, 955.29 


207.0 


478.07 


BRAND TOTAL 


113,624,96 


1,955.29 


287.0 


478-07 ' 



TONS V1K* TYPE 



TEF9C POWITt 



P. 0.9 



OfflGE 


PERMIT #736 


COURTHOUSE 


CHflfiK 


PERMIT 1736 


COURTHOUSE 


CHWSE 


PERMIT #736 


COURTHOUSE 


CHAftSE 


PERMIT 1736 


COURTHOUSE 


CHOREE 


PEWIT #736 


COURTHOUSE 


PtiAOor 


reHMIT 1736 


COURTHOUSE 


CHRR6E 


PERMIT #736 


COURTHOUSE 


CHARGE 


PERMIT #736 


aumcusE 


CHRRSE 


PERMIT #73 


caiman 


CHRRBE 


PERMIT 1736 


COURTHOUSE 


CHflREE 


PERMIT #736 


COURTHOUSE 


CHflRflE 


PERMIT #736 


OJURTHQUSE 


CHARGE 


PERMIT #736 


COURTHOUSE 


CHUBS 


PERMIT #736 


COURTHOUSE 


CHQRSE 


PERMIT #736 


COURTHOUSE 


CHARGE 
CHARGE 


PERMIT #736 
PERMIT (736 


PERMIT #736 
PERMIT #736 



